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SUBJECT 


t Chief* ttevelofssettt Branch* BFB-&D/ ? 

J k> Office 


I* General t It is sugc^estad that the nans of the subject office 
be ’’DPS Field Cffiee"* and the office be considered as ajpart of Head- 
quarters* with personnel of the office reasoning assi *?ieo to the Head- 
quarters &nu under the control of the chief of the office during the 
period of assLhrsnt, TI» prinary function cf the offio^ is to sssnitor 
and supervise the conduct of flight tea ting aid other VI& efforts at 
| Reporting will bo direct to Haariijuartera, with information 
copies golrr to the Base Corxisader* 

2* I formation requirement* for staff of BPS Field Office. 

(a) List of subsystems* and cent rao tors responsible therefor* 
vdti* nares of responsible representatives* 

(b) Delivery and test schedules* 

(c) For each subsystem or coidbdnatian thereof, the test 
objectives, t&lestonea and report* required* 

(d) Concept of each test. 

(o) Copies of proposed test programs. 

(f ) Knowledge of contractor reporting requiiw^nto. 



(a) Participate in test planning and rwoitor, coordinate* 
and approve test schedules, test program and alterations 

thereto, tast procedures* test conduct, test stoppage and 

reporting of results for all CSvCAST and related program at | 
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(o) Provide teat aircraft flight tir® far concurrent pilot 
training and opej-ationai. and subsysieaaa testing through 
coerdinat . ' ~cteduling# Ibeisary effort during development and 
testing will te directed ieward sy»t m quantisation and ooe*- 
pletion of tout rermtameats* 

(el) liaintaia. teat rdlastone schedules in current statu* , 

(©) i.evloH and analyse test data# This is to ”00 dons on 
a “-arsenal basis through visit® to or by contractors and 
em-anaiien of test results in both w and plotted feats and 
pilot, debriefing# 

(f) Provide weekly reports of test acccw^slishrsenta , diffi- 
culties and otter pertinent information# by mil# Provide 
teletype reports of iteias of social signiflecoco as they occur# 

(g) -alitor and approve imprograrraed roquire£®nt43 for 
technical su^xirt and ioehni®®! facilities and either arrange 
locally or forward to appropriate agency for action. 

(h) teters of the DH) field Office who are qualified 
pilots should aainti&in ctirwajcy in and fly A-12 aii-cr&ft to 
assure full Knowledge of developracnt statue# 


(a) Chief* 

(b) Caraer®, engineer. Can be used as consultant by operations 
and trailing, but should resaain under primry control of field 
Office until ccapletiou of test phase# 

{ '• ) electronic® engineer for system testing# 

(d) Icroiiauiical engineer for airfraw/engine combination 
testing# 



(«) C ^rations Office 
test aircraft utilisation. 


v for scheduling and coordination of 
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5. '^Jidaacc r®quee»t®d on diangso <i© aired and iapl^rsontation . 
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THIS DOCUMENT REQUIRES SPECIAL HANDLING 


HANDLING PROCEDURES 

THIS DOCUMENT CONTAINS INFORMATION REGARDING A HIGHLY CLASSIFIED 
ACTIVITY. PERMISSION TO TRANSFER CUSTODY, OR PERMIT ACCESS TO 
THIS DOCUMENT MUST BE OBTAINED FROM THE ORIGINATOR. HAND CARRY 
PROCEDURES WILL BE APPLIED TO ANY INTER-OFFICE OR INTRA-AGENCY 
MOVEMENT OF THIS DOCUMENT. 
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